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BILL NO. S-92-09-/^ グ 





SPECIAL ORDINANCE NO. S- / ノ ノン ググ フン) . 


AN ORDINANCE approving Change Order No. 
3 FOR STRUCTURAL RESTORATION - CIVIC 
CENTER PARKING GARAGE with HARRY S. 
PETERSON CO., INC. in connection with the 
Board of Public Works of the City of Fort 
Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. 3 FOR STRUCTURAL 
RESTORATION - CIVIC CENTER PARKING GARAGE with HARRY S. 
PETERSON CO., INC. in connection with the Board of Public 
Works and Safety, for: 

the cost for handicap parking stalls and 

signage as described in Change Bulletin 

#1 dated 6/16/92, attached hereto and 

made a part hereof; 
involving a net increase of One Thousand Six Hundred Seventy- 
Five and no/100 Dollars ($1,675.00), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 


necessary approval by the Mayor. 






Council Member 


APPROVED AS TO FORM 
AND LEGALITY 





OWNER'S COPY 


GIBSON, TOURNEY, KIM, INCORPORATED CHANGE ORDER NO. 3 
Architects..Engineers..Planners Project No. 983 
519 Tennessee Avenue, Suite 300 Date: 08/11/92 


Fort Wayne, IN 46805 (219) 424-4950 l 


Project: Structural Restoration - Civic Center Parking Garage 
Owner: City of Fort Wayne 


. Contractor: Harry S. Peterson Co., Inc. 

Contract For: All Trades 

Contract Dated: November 1991 

The following items are hereby incorporated in your contract. All provisions of the Plans, 
Specs, Gen'l Conditions and Contract not directly affected by the following items shall 
remain in force. 

CHANGES: 


1. Cost for handicap parking stalls and signage as described in Change Bulletin #1 dated 
06/16/92, copy attached. Cost per Harry S. Peterson Co., Inc. letter dated July 13, 1992, 
copy attached. 


ADD. ——— $1,675.00 

NET CHANGE BY THIS CHANGE ORDER - ADD........................ $1,675.00 
CONTRACT STATUS PER THIS CHANGE ORDER 
ORIGINAL CONTRACT SUM $270,466.40 
Net Change by Previous Change Orders 172,778.60 
CONTRACT SUM PRIOR TO THIS CHANGE ORDER $443,245.00 
Addition Due to This Change Order --1,675.00 
NET CONTRACT SUM $444,920.00 
ACCEPTANCE: 


ARCHITECT: Gibson, Tourney, Kim, Inc. 


も 


BY: ix ルル \ >. に Date: c&-11- qo 


Dick L. Gibson, President 


CONTRACTOR: Harry S. Peterson Co., Inc. レーン 





Date: L 


Jack M. Wall, Vice President-Finance 
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Change Order No. 3 
Civic Center Parking Garage 
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OWNER: The City of Fort Wayne 


BY: Date: 
Paul Helmke, Mayor 


BY: Date: 
Douglas M. Lehman 
Director of Administration & Finance 


BY: Date: 
J. Timothy McCaulay, Corp. Counsel 


ATTEST: 
Patricia J. Crick, Clerk 





HARRY S. PETERSON CO., INC. 





25440 Sherwood, Warren, Michigan 48091 (313) 755-6910 


Gibson, Tourney, Kim, Inc. 
519 Tennessee Avenue 
Suite 300 

Fort wayne, IN 46805 


Attn: Rick Rambo 


Re: Civic Center Parking Garage 
Structural Rehabilitation 


Dear Rick: 


In response to your Change Bulletin #1 dated June 16, 1992, i have developed a 
price for the additional work including the handicap parking stalls and 


signage. The following price includes all labor, materials and equipment to 
perform the work. 


Handicap Parking Stalls and Signage....... Add Lump Sum $1,575.00 


This work includes the installation of 11 signs; 5 Van Accessible signs and 6 
Handicap Parking signs all supplied by ‘the owner. These signs will be 
relocated to posts six feet from the ground. The additional striping nes 
already been completed and was performed at no charge. 


Also enclosed is a specification data sheet of our Tso-Flex 980 nosing 
material. As discussed between yourself and Ed Hall, we are requesting to use 
this material to patch some small spall areas in lieu of using concrete. This 


material will also be used where reinforcing steel and/or tendons are exposed 
througn the concret 


Please notify myself or Ed Hall regarding these issues at your riiesc 
convenience. Also, should you heve any questions or require Further 
clarification, olease cali. 





Respectfully Sumi Hec, / 


ーーー デ ーー ング ダー 
ング "m 
É テン » "P ^ 
Leone) rn reA 
Thomas S. Sizezigs 
Project Manager /Zigineer 
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GIBSON, TOURNEY, KM, INCORPORATED CHANGE BULLETIN #1 
Architects. .Engineers.. Planners Architect's Project No. 985 
519 Tennessee Avenue, Suite 300 Date: 06/16/92 

Fort Wayne, IN 46805 (219) 424-4950 

Project: Structural Restoration - Civic Center Parking Garage 

Owner: City of Fort Wayne 








Please submit an itemized quotation for changes in the contract sum and/or ume incidental to proposed 
modifications to the contract documents described nerein. 


PROCEED WITH THE WORK! 





Item No.1: Please submit a price to install handicap stalls and signs. AH sigas labeled "new" will pe 
provided by the Owner and insialled by this Contractor. This Contractor shall provide 
> the Owner with the final count of new signs required. 


The following is the outline of the required work for this Change Bulleun. 


Handicao Stalls and Signs - Ground Tier 








men 


Relocated handicap signs from elsewhere and new "van accessible" signs to be pole 
mounted (see Type I) at existing stall number 42] and 424. New stall number 425 
shall be layed-out per figure one with a Type I pole mounted sign. 


2. Remove handicap signs from existing stall number 1050 and 1051 and patch and 
repair walls. Removed signs are to be used elsewhere. 

At stall number 1083, install a relocated handicap sign and a new "van accessible" 
sign. Sign to be pole mounted, Type I. 


I9» 


4. Atstall number 1082, remove existing handicap sign and patch and repair wall. 


Reinstall sign as a pole mounted, T yj 


Fi 


Diagonal stipe stall aumper 559 (ses į 
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number 361, install pole mounted, relocated handicap sign, Type Li (see 
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cure two). Diagonal stipe space adjacent KO stall. 
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fandicap Stalls 


1 - Civic Center Parking Garage 


and Signs - Second Tier 
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A sall number 400, relocare exisung nan 
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andicap sign to above exisung fire 
r wall. 


At stall number 399, relocate exisung 
extinguisher cabinet and patch andr 


pal 
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dicap sign to above prinied graphic and 
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and repair wall. 
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Ar stall number 525, raise existing handicap sign to six feet above the concrete slab 


and patch and repair wall. 


At stall aumber 1032 and 1031, remove existing handicap signs and patch and repair 
wails. Install curved line from last stall to control booth and install diagonal lines at 
2'-0" o.c. in the created dead space. 


Reinstall existing handicap sign at stall number 558 and add a new "van 
accessible" sign. Sign to be pole mounted, Type I (see figure two). 


talls and Signs - Third 


ier 


Handicap Sta g 
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At stall number 68, relocate existing handicap sign to above fire extinguisher cabinet 


and patch and repair wall. 


At stall number 67, relocate existing handicap sign to above printed graphic and 


paich and repair wall. 


Ar stall number 873, $71 and 870, install pole mounted Type I handicap signs 
(similar to igure two). 


At stall aumber 872 and ar space adjacent to stall 870, provide diagonal stripes at 
24" o.c. (similar to Figure two). 





[ES] 


sign to above window ievel and 
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GIBSON, TOURNEY, KIM, INCORPORATED 
E CE 

Richard S. Rambo’ : 

RSR/wmb 


CC: GTK Files 
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ATTEST \ グ 
Patricia J. 











Pe 





C. James Owen, Member 





Katherine A. Carrier, Member 
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Read the first time in full and on motion by Au / 
Secotded_-B ャ ーー ツー | 7 , and duly adgpted, read the second time by 
TH IE EE 


title and referred to the Committee on (and the 
City Plan Commission for recommen held after 
due legal notice, at the Co lty-County 
Building, Fort Wayne, Indiana , day 
of M., E.S.T. 






lic Hearing to 









SANDRA E. KENNEDY, CITY CL 

Read the third time in full and on motion by ' 
seconded by , and duly adopted, placed on its passage. 
PASSED LOST by the following vote: 


AYES NAYS ABSTAINED ABSENT 


TOTAL VOTES 
BRADBURY 
EDMONDS 
GiaQUINTA 
HENRY 

LONG 

 LUNSEY 

RAVINE 


SCHMIDT 





DATED: 


- 


j SNDRA E. KENNEDY, CITY CLERK 
Passed anf adop} / the Commor/Council of the City of Fort Wayne, 
\ 
(A 


Indiana, as NNEXAT ON) APPROPRIATION) (GENERAL) 
(SPECIAL) (ZONXNG) ORDINANCE RESOLUTION NO. 
on the | day of |^, 19 


ATTEST: (SEAL) 





SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 


the day of , 19 ' 








at the hour of o'clock ,QM., E.S.T. 


SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this day of ' 


19 , at the hour of ON clock M., E.S.T. 


PAUL HELMKE, MAYOR 4 


Admn. Appr. 
TITLE OF ORDINANCE: CHANGE ORDER "E 
DEPARTMENT REQUESTING ORDINANCE: Board of Public Works 


SYNOPSIS OF ORDINANCE: This change order for the Structural Restoration 
of the Civic Center Parking Garage is for the following: 


1. Cost for handicap parking stalls and signage as described in Change 
Bulletin #1 dated 6/16/92, copy attached. 


Harry S. Peterson Co., Inc., is the contractor. 


EFFECT OF PASSAGE: 


EFFECT OF NON PASSAGE: XL 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) * $1,675.00 





J- Fo- の を の ング 


ASSIGNED TO COMMITTEE: 


BILL NO. $-92-09-04 


REPORT OF THE COMMITTEE ON 
FINANCE 


MARK E. GiaQUINTA, CHAIR 
DONALD J. SCHMIDT, VICE CHAIR 


EDMONDS, RAVINE 


WE, YOUR COMMITTEE ON FINANCE TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOQENDDONOX  — approving Change Order 
.No. 3 FOR STRUCTURAL RESTORATION - CIVIC CENTER PARKING GARAGE — 
.with HARRY S. PETERSON CO., INC. in connection with the Board .. 
.of Publio Works OF the City of Port Wayne, Inhdiasa.  — — === 























HAVE HAD SAID (ORDINANCE) (RESOBUBGONo. UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) (RESODUDCON -— 
Wf) 
DO PASS po NOT PASS es N NO REC 





25:3 of aid 
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DATED: 


Sandra E. Kennedy 
City Clerk 


